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‘iemorial Hill ässocistion Report. 


fo \lesorisi Hill sssociation: 
Helter, Utsn 
weer !6L.0W “Orksts; 
FoLricwiag is the. report of the executive comnittee 
s;rcinted by you to direct ana to supervise the construction of . 
re.d cn :leucriai Hi, during the Summer season of 1927. 

l- “here was msde available by the County Sommiss- 
sonoro cf issatech County, fron public moneys, the sun ef 55,000.00. 

2- Your comaitsee endeavored to secure the services 
cf o competent and reliable contractor to build our roed sithout the 
necessery delay end expense incurred by making public sdvertizing 
throuza the Jounty paper: but after spending several dsys in wiring 
diferent ecntractors throughout the state and in consulting ell who 
nicht ke able to do tnis piece of work from among our own citizens in 
tie ccunty, it was deemed sdvisoble and legally necessary to adver- iy 
tize ‘arough the Jave for legal bids on the construction cf the roed `e 
ececrding to the cross-sectoin survey made and furnished us by Melvin =i, 
brow, ceunty surveyor of ‘esatch Gounty. a 

3- After legal advertizing, tie successful bidder, was , 

Levis of šale., Utah, to whom the contract was Let for the sum of." 
Pour Thousand Five Hundred (4,509.00) Dollars. | ae a n 
4- During the period of about two months the work was ?. 
Sucerticel by your committee Sis a Whole as often as was deeued nec HE 
ry or cs often ss the chairman of said committee requested. The = 
ecunty surveycr was called on to the job three times during course of 
scustrastich, snd also at the tine of the final acceptance of the rosad 
fee: tng vontrsetor: and ites through and by co-orerctico ef “lelvin 
been thet the work wss prosicuted: and finally secerted an comrieted. 

5eiihile it "cs the intention of our association to 
comriete oniy the construction of the rosd for the 192? rart of our 
project, yet it was found possible to Bay for the fencing of the hill. 
From this year's appropriation: therefore a contract was Let to 
Cisre rou.on end George TP. Watkins for thekonstruction of 219 rods 
of fence at ¿£.00per rod: they to furnish all. materials and work 
fer s:iä construction. ifredit was also to be allowed on t:e price 
ot construction for wire and rosts which the Legion nec or the job 
pricr to the Letting of this fence contract.) - =. 
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6- The fence is built of twenty six inci: (26")com- 
instien wire with three berted wires above, nailed or stapled to cedar 
roatz pleated st sixteen feet apart, with two stiffeners between each =. 
p+ir of rosts: end aoubie-truced at each angle or corner. E Be 

72 During the fence construction Zlijah “atkins made . 
fepenma [or the secenä “stiffener”. between sach -pair.of posts, and 
tre ‘cos tbes finally acceeded to- his request for the ss<e of perte. 
Sule aE , 
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© 
à sn saditionel cost to fence construction of ¿Lli .20. 
8-The sccouns of fenve construction was: 
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account o? Pence Construction. os ar | 
a= Crizinel contract to Jatkius 198 seed | “fase. 00. 
b- Additionsl cost cf added E di -12. coe 
ER 5 ZpS 00 . 
G- o credit for materials by Te US 64.00 ` 
d- tal paid tc fence contractors oe" A 2 77386.00 | 
a 
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A- to ¡ey Davis, Construction of There ARO _ 
b- o Eronson and Wetkins, fence’, gonséruption ae BR 


Tótal: Szpandatures_ iS SER 
Im iy i-iunce 0%. 9,009.00 appropriated? ozu Z »112.00 
tis Now Due: A SE 
To Y, ... zrosdbent for cash paid out end for. safvices snd surervi- x 
sicn ss TeLievs: en ai 3 
= “ave Fubiishing Oo. "Bidds for cota truction" 24.50 
L- Sssh for phoning ver ious contrectdrs prid; f . i 
tc cdvertising “or bids_ = 0.25 
c~ Zunäry phones daring Season Tof Foza” eonstruc- 
tion ° ein! ES aed 
d- Services End supervision _ =r ae = .00 TOR oe 
= 876.20 e: R 


ator Oth, efter due calling” otis Association i. 
‘tine was held at the City ce HO aoe Utah, tha’ lect : 3 
Luni "Ellis Now Due" we s unengmously approved,” as was also the ger E 
per a ABoLe,. na 14 weg ordered thst..e Sora f this. rerortzt a tyge de 
REBEL Dl Claw “ith The Secretary “o£, Miyedumo ris “mili“Aliocia: A $ 
end tiut & copy also be filed with” she. Comal baloners of ias steh: Seny Ms 
rusotutions of ; roti gado dorh y 83, follows : Ge a S 
dl $ GS E e s: 
Resolved thet Memcrial Hirt. Asdo0ciation- does hereby ‘express i 
C.I appreciation and srecisl thanks, to. tite Comnmissioners of Wesstch A. 
eruaty For their fuii snd complete: So-opera tion «and for making avail=.. 
"a0 She necassery money or this yeers.. work on ‘Memorial Hill; and ` 


x. 
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oO 
for previaing © resolution which cóxries: ‘over. another year zeking ” , 
ur, uvudsebre 35,900.00 for the coni gfnua tion of. this project aca S 
thu yeer LIEB, The project for 1928% o. include the erection of:8 eg, ee 
¿oitólis uonuaent oÑ “or of Tenoria trait: to contein a brorze- “tablet E 

: 4 


Joining Sib newest sii service den 
Bue Gees, SP Omi Hass ton County; to: G 
ees ae construction of & cul teblésent® 
other naéd expenses in comprarlo ae 
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¿aga "ome, who have seryed in 


l ; Aye Ta 
at, 3 Be riven PY Etis 
savia crown, cut county : suryayor swe, de“ our, speciei thangs; he Have; 
In a L given of his time "s$ service, 'erötuitously, during the..::-: 
entire ıcriod of Memoriol Hill activity from’ the Wine opencking the, qeda 
eae. a to the acceptance? ofthe. „roadies now constructed. co uh. = 


it is further resoived that ee 
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